ENGINEERING sTuDY. [7] 


CHANGE PROPOSAL =X] 


— . 
er 5/6/89 ‘| AFFECTS : wseo [y] Project [[] 
] NAME Oo} PART OR LOWEST SUBASSEMBLY PART NO, & MODEL OR TYPE 
NATURE OF PROPOSALS 


- 1. REMOVE RADAN AND ASN-6 EQUIPMENT, STRUCTURE, AND WIRING PROVISIONS FROM 
376, 386, aND 387. 


2. REMOVE PART OF PERMANENT BALLAST IN TAIL, 
aes ia . 
3. PROVIDE MINOR COVER PLATES FOR REMOVED CONTROL PANELS AND PLUGS. 
UL. LAC IS PROCEEDING WITH PREPARATION AND RELEASE OF SB 396 COVERING THIS 


TITLE OF 


CHANGE IN ADVANCE OF WRITTEN APPROVAL. 


| REASON FOR PROPOSAL * 


LAFB DECISION THAT NAVIGATION CAPABILITIES AFFORDED BY THIS EQUIPMENT ARE 
HOT.REQUIRED. THE WEIGHT SAVING. RESULTING FROM REMOVAL OF THIS EQUIPMENT 
IS CONSIDERABLE AND THE DESIRABILITY OF HAVING SYSTEM IV INSTALLATIONS 


COMPATIBLE WITH ALL SHIPS IS AN OVERRIDING FACTOR. 
ESTIMATED COST AND TIME INVOLVED | « 
ADDITIONAL FUNDING REQUIRED: @ 
cp ESTIMATED COST FOR KITS OR PARTS: $20.00 each x 3 Kite 
ADDITIONAL FUNDING REQUIRED : None (SP-1917) 
ITEMS AFFECTED BY PROPOSAL: 
MISSION PERFORM- OPERATING INTER. WEIGHT OR _ fry 
EFFEC. ANCE § PROCEDURE CHANGE- WEIGHT & 0 NANCE LiFE MANUAL ANC 
; TIVENESS ABILITY BALANCE H 
EST. MAN/HRS, REQ’D. TQ ACCOMPLISH CHANGE IN FIELD 60 EXCLUDING REMOVAL OF AFT FUSELAGE 
SOURCE OF PARTS FOR KIT AVAILABILITY 9/8/59 _ -WEEKS—AFFER-APPROWAL— 
LekeCo . . 
~ DISPOSITION OF -SRARES- AFFECTED PARTS fl 
STATINTL S£TURN TO WRAMA FOR POSSIBLE FUTURE U8E STATINTL 


| 


INITIAT “BY: 
lease 2002/06/13 : CIP 


SRE-IA : . PAGEL Or 


